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BILL NO. Ms of 


SPECIAL ORDINANCE NO. S- “ff 
AN ORDINANCE approving Change Order 
#2, Contract 84-W-1l, Northwest Reser- 
voir, with Preload Technology, Inc., 
in connection with the Board of Public 
Works and Safety. 

NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order #2, Contract 84-W-l, Nort 
west Reservoir, with Preload Technology, Inc., in connection with 
the Board of Public Works and Safety, for: 

to remove stone from site due to 

hauling of excess spoil so that 

final site grading and restoration 

can be completed; 
involving a net increase of Two Hundred Thirty and No/100 Dollars 
($230.00), all as more particularly set forth in the specifica- 
tions, and which is on file with the Office of the Board of 
Public Works and Safety, and is by reference incorporated herein, 
made a part hereof and is hereby in all things ratified, con- 
firmed and approved. 

SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 


approval by the Mayor. 


wn 


APPROVED AS TO FORM 
AND LEGALITY 


Bruce O. Boxbergey, City Attorney 





Read the first time in full and on motion by Lj 
seconded by Vets E 
by title and referred to the Committee 
Plan Commission for recommendation) and Pubdic eld after 
due legal notice, at the Council C A ity-County == Ee Fort Wayne 
Indiana, on ,y the ‘day of 


zee kd pat i ock M ES 
DATE: 6-45 / ee | é; A 


SANDRA E. KENNEDY, CITY ERK 


sys oe et a r 
econd time 
(and the City 
















Read the third 
seconded by 
passage. PASSED (LOSE) m the following vote: 
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YES NAYS ABSTAINED ABSENT TO-WIT: 
TOTAL VOTES 2 
BRADBURY 
BURNS 
EISBART 
GiaQUINTA 
HENRY 
REDD 
SCHMIDT 


STIER 
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TALARICO 


DATE: L ae ma A ee : : 7 É Ets 
SANDRA E. KENNEDY, CITY CLERK 


Passed and adopted by the Common Council of the City of Fort 









Wayne, Indiana, as ( es 
(SPECIAL) (ZONING MAP) ORDINANCE NO. = eA 


on the E Dy he day of 


ATTEST: 


Ee F 


SANDRA E. KENNEDY, CITY CLERK 






Presented by me to the Mayor of 


on the ly Ae day of 
at the hour of . PE W 


ort Wayne, Indiana, 


x29 Le eae 


L , 
Approved and signed by me this he day of aaa l 
3° ak 


Ne 
19 KS , at the hour of o'clock SMe ERSE p 


Ae 
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WIN MOSES, JR., MAYOR 
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CHANGE ORDER NO. _ 9 


CHANGE ORDER 


PROJECT: . Northwest Reservoir 


Contract 84-W-1 


OWNER: City of Fort Wayne, Indiana 
CONTRACTOR: Preload Technology, Inc. CONTRACT DATE: _ 4/4/84 


The CONTRACTOR is directed to make the following changes in the Contract Documents as 
set forth in this Change Order and attachments (see attached cost breakdown): 


Description of the Change: 


Remove stone from site due to hauling of excess spoil so that final 
site grading and restoration can be completed. 


Reason for the Change: 


Project could not be adequately restored had the stone remained in place. 


Attachments: 


These changes result in the following adjustment of Contract Price and Contract Time: 


Original Contract Price: $976,690.00 Original Contract Time: 180 days 
Contract Price Prior to Net kinyago KRINE] 

this Change Order: 988,810.00 resulting from this C.0.: -0- 
Net (Increase) (DEXXEASE) : Current Contract Time 

resulting from this C.0.: 230.00 including this C.0.: 530 days 
Current Contract Price 

including this C.0.: $989,040.00 and Final 


Approved By: 







RACTOR, 





Name and Titte ame and’Tit 


PRELOAD TECHNOLOGY. INC BONAR & ASSOCIATES, INC. 


Company Name Company Name 


Date: $ 10- Peg Date: SIU GS Date: S-R2G- Le 





(cont. ) CHANGE ORDER ° a 
s . i Page 2 Ofe 


; CHANGE ORDER NO. 2 
COST BREAKDOWN ae 


Item Unit Extension Extension 
No. Description Qty. Price (Increase) (Decrease) 
1. Removal of stone used for haul road to Job Lump 230.00 
gain access to excess spoil pile. Sum 


2. Adjusted amount on Page 1 is also 
final project construction cost 


TOTAL INCREASE + $230.00 
““ TOTAL DECREASE - 20E 


Net (Increase) Mxxonaaxaxk resulting from this Change Order: $230.00 


(see page 1) 


IV TU . EE" - 


TITLE OF ORDINANCE Change Order No. 2, Contract 84-W- st Reservoir, Preload Techno 
logy, Inc., Contractor wee: 
DEPARTMENT REQUESTING ORDINANCE Board of Public Wor Saf $506 PO 


SYNOPSIS OF ORDINANCE Change Order #2, Contract 84-W-1, Northwest Reservoir, 
was necessary to remove stone from site due to hauling of excess spoil 


so that final site grading and restoration can be completed. Preload 





Technology, Inc., is the Contractor. 
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EFFECT OF PASSAGE Final site grading can be completed. 
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EFFECT OF NON-PASSAGE 
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MENN a SS eee 


I 
MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) _ -00"ease oe 





ASSIGNED TO COMMITTEE 
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BILL NO. S-85-06-29 





REPORT OF THE COMMITTEE ON CITY UTILITIES 





WE, YOUR COMMITTEE ON 


REFERRED AN (ORDINANCE) —~° (RBSODMKBEGN) approving Change Order #2,. 


Contract 84-W-1, Northwest Reservoir, with Preload Technology, Inc., 





in connection with the Board of Public Works and Safety 
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fs ' ; 








bd 





HAVE HAD SAID (ORDINANCE) (RESOEURIQY) UNDER CONSIDERATION AND BEG 
“LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE), 


- (RESOLUT DOM 
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e ee HOMES e. NT 
p i “A CHAIRMAN . 








VEZ, 25 JANET G. BRADBURY ` M 
è E r ee 


DONALD J. SCHMIDT 








JAMES S. STIER . 








Deo a ex Ze p CHARLES B. REDD | - 
Le EF | 


CONCURRED IN oo oe OE oe SANDRA E. KENNEDY 
aE ne ee CITY CLERK 


CITY UTILITIES - ; - TO WHOM WAS. 





